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ACTION FBOE-OO 

INFO OCT-01 AF-06 ISO-OO A-01 CCO-OO OC-05 SY-05 /018W 

012686 

R 291515Z AUG 75 
FM AMCONSUL LUANDA 
TO SECSTATE WASHDC 4090 

UNCLAS LUANDA 1285 

E.O. 11652: N/A 
TAGS: ABLD AO 

SUBJECT: BID FOR ALTERATIONS TO COMMUNICATIONS AREA 
REF: DEPT'S OM OF AUGUST 12, 1975 

1. HEREWITH FIRM QUOTATION FROM CONCOR MOCAMBICANA, LTD. 
FOR ALTERATIONS AND ADDITIONS TO COMMUNICATIONS AREA: 

A. DESCRIPTION OF WORK 

1. BUILDING OF 8" THICK CONCRETE BLOCK WALL CONSTRUCTED 
OF 8" X 8" X 16" HOLLOW BLOCKS, ALL CAVITIES FILLED WITH 
3.000 P.S.I. CONCRETE. 

2. FIXING AND PLACING OF 16MM M.S. REINFORCING RODS 
AS PER DETAIL "A" ON DRG. AA 388. 

3. REMOVING 

EXISTING CEILING PANELS FOR INNPECTION 
WHERE NECESSARY. 

4. 10MM PLASTER TO EXTERIOR OF NEW VAULT WALL IN 
CGS OFFICE. 

5. REMOVING AND STORING OF EXISTING PARTITION WALL TO 
CGS OFFICE. 

6. REMOVAL OF EXISTING VAULT DOOR. 
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7. BUILDING IN OF EXISTING VAULT DOOR TO POSITION Dl. 
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8. SUPPLY AND FIT NEW DAY DOOR AS DESCRIBED TO 
POSITION Dl. 

9. SUPPLY AND FIT DOORS D2, D3 AND D4 AS DESCRIBED. 

10. SUPPLY AND FIT SERVICE WINDOW TO D4. 

1 1 . INTERIOR 4" HOLLOW BRICK AALLS, PLASTERED 10MM. 

12. DEMOLISHING OF EXISTING WALLS TO RM. 3. 

13. REMOVAL OF EXISTING WINDOWS OF ROOM 2 B AND 
BRICKING UP OF SAME AS DESCRIBED WITH ALLOWANCE FOR AIR 
CONDITIONER. 

14. ANTENNA PENETRATIONS AS DESCRIBED. 

15. UPGRADING EXISITING GRID SYSTEM PLUS CAGE FOR NEW 
AIR CONDITIONER. 

16. MAKING GOOD OF ALL PLASTIC TILES AND SKIRTINGS. 

17. PAINTING OF COMMUNICATIONS 
CENTER INTERNAL AND 
EXTERNAL WITH PVC PAINT. 

18. FITTING OF 16MM GRID TO AIR DUCT TO CGS OFFICE 
AS DESCRIBED. 

19. FITTING OF ALL LOCKS AS DESCRIBED (EXCLUDING 
ELECTRICAL CONNECTIONS) AS DESCRIBED, ALL SUPPLIED 
BY RSO. 

20. NO ELECTRICAL INSTALLATIONS HAVE BEEN INCLUDED 
IN OUR QUOTATION. 

2 1 . WE HAVE NOT ALLOWED FOR ANY REMOVING OF 
EXISTING ELECTRICAL INSTALLATIONS. 
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22. OUR QUOTE DOES NOT INCLUDE THE SUIPLY OF 24,000 
BTU AIR CONDITIONER UNIT. 


THE ABOVE WORK AS DESCRIBED CAN BE EXECUTED FURING THE 
MONTH OF SEPTEMBER 1975 IN A PERIOD OF 21 WORKING DAYS 
FOR THE SUM OF 467.2 10S00. 
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2. IF DEPARTMENT ACCEPTS BID PLEASE REPLY SOONEST 
SO THAT WORK CAN START IN TIME TO BE COMPLETED WHEN 
WATTS EQUIPMENT ARRIVES. 

KILLORAN 
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NNN 
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